Town of Arlington 
Department of Public Works 

51 Grove Street 
Arlington, MA 02476 

Phone: 781-316-3320 
Fax: 781-316-3281 

Date: Tuesday, November 17, 2015 

RE: DPW Construction Project Update - 2015 Water Main Rehabilitation Project 

As part of the Town's ongoing Capital Improvement Program, the Department of Public Works, has be 
coordinating the rehabilitation of various water mains throughout Town. Work has consisted of installation of 
temporary bypass lines, water line removal/replacement and replacement of water service laterals. This work 
began in the Spring of 2015 — please find an update on the progress of this work below: 



Engineering Division 


Work Location 

Status 

Comments 

Alpine Street Area 

Substantially 

Complete 

Heavy construction work is complete 

Final Patching to take place in Spring 2016. 

Summer Street 
(King St. - #409 Summer St.) 

Substantially 

Complete 

Heavy construction work is complete 

Final Patching to take place in Spring 2016. 

High Haith Road 
(Longfellow Rd. - Spring St.) 

Substantially 

Complete 

Heavy construction work is complete 

Final Patching to take place in Spring 2016. 


We apologize for any inconvenience or resulting delays and thank you for your cooperation and understanding. If 
you should have any questions about the project, please do not hesitate to contact the Engineering Division 
at engineering®town.arlington.ma.us . 












